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CONTRACT BETWEEN THE COMISION TECNICA Y 
FINANCIERA DE LAS OBRAS HIDROELECTRICAS 


DEL RIO NEGRO (RIONE), URUGUAY 
AND 


DRAVO CORPORATION 


This contract is entered into this 19th day of December, 
19Lh, by the COMISION TECNICA Y FINANCIERA DE LAS OBRAS HIDROELECTRICAS 
DEL RIO NEGRO, MONTEVIDEO, URUGUAY, an official agency of the Uruguayan 
Government hereinafter called the "Purchaser", and DRAVO CORPORATION, a 
corporation organized under the laws of the State of Pennsylvania, 
hereinafter called the "Contractor", 

I, = PURPOSE OF THE CONTRACT. 

ART. le The purpose of this contract is the designing, manu- 
facture, supply, sale and delivery F.O.B. the Contractor's Neville 
Island plant freight allowed to New York Harbor, N. Y., of the equipment 
defined and set forth in detail in the attached Specifications; entitled 
"Description and Specifications of Spillway Gates, Poists, Guides and 
Silla for the Rio Negro Project, Uruguay (Harza Engineering Co. Chicago, 
I11.)" dated November 27, 194 and hereinafter called the "Specifications", 

ART, 2, The obligations of the Contractor and Purchaser shall 
be governed by the provisions of this contract and the attached Specifi- 
cations, 


ART, 3. The Contractor shall prepare and submit for approval 





to the Purchaser or its designated representative, two blueprints of 
general arrangement ano detail drawings of gates, guides and hoists before 


proceeding with fabrication or manufacturing of the equipment. In the case 


































RO 
of gears, motors and similar carts to be obtained complete from other 
marufacturers, the Contractor shall submit for approval the outlines, 
descrisiion and Specifications us regularly supplied by such manufacturers. 
it shall likewise prepare and submit for the approval of the Furchaser or 
its desimated representative the assembly drawings necessary for the 
installation of the equipment and to clearly show "that all the parts of the 
@guipment to be supplied will conform with the provisions and the intent 
of the Specifications. 

ART. ll, The Purchaser or its designated representative must 
either approve or disapprove the vlans within a period of ten days. In 
case of disapproval, the Contractor shall, without expense to the vurchaser, 
sake all the modificetions necessary so that the equivment muy be in accor- 
dance with the provisions and intent cf the Specifications, 

ART. 5. The avproval of the drawings by the Purchaser or its 
destenated representative does not imply the exemption of the Contractor 
fror any part of its obligation to comply with all the requirements of 
the Scecifications, nor shall it in any way exempt the Contractor from 
responsibility in connection witr the correctness of the drawings. 

ART. 6. The Contractor shall make in the drawings and Specifi- 
cations the changes which the Purchaser ney demand if in the ovinion of 
the Contractor such chances are not incompatible with the proper oseration 
of the equipment but such changes shall be made at the expense of the 
| Purchaser unless made pursuant to Article h. 

i 

ART. 7. The action, which, in accordance with the provisions of 
Articles 3, L, 5 and 6, is incumbent upon the Purchaser or its designated 
representative shall be exercised by the Consulting Engineer of the 
farchaser, such Consulting Engineer at present being the 'arza Engineering 


Segzany of Chicago, Illinois, (hereinafter called the "Consulting Erigineer"). 
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Aw. č. If, as a result of the changes mentioned in Article 6, 
Te meal ta an increase or decrease in the price of the equipment, the 
qumirect seall be rodified in writing by mutual agreement. However, the 
| mtaser say order, in case the parties do not agree on the change in 
grace, thet the nanufacture of the equipment should’not be withheld or 
layat ud the question concerning the change in price shall be decided 
Ry che Soarc of Arbitration in accordance with the provisions of Article 
Jl af tris contract. In such case, If there is any increase, the payment 
provisions of this contract shall be changed to properly reflect such 

increase and to provide for such increase as if ti had been included in 
the contract at the time of its signature, 

ART. 9. The Contractor shall supply to the Purchaser: 

(a) A Van Dyke negative of each one of the drawings approved 
in accordance with the preceding Articles; four blue- 
prints of each one of the tracings of the drawings ap- 
proved; one complete set of photolithographs (repro- 
duced tracings) of all these drawings; 

(b) A Yan Dyke negative, three blueprints and one photo- 
lithograph (reproduction of the tracing) of all the 
drawings which may be reasonably necessary for the 
assembling, installation and maintenance of the equip- 
ment to be supplied under this contract, it being 
understood that there shall not be supplied any manu- 
facturing drawings or any support structure drawings; 
and 


c) Complete instructions and information concerning the 


equipment, its assembly, installation, operation and 
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repair, to the extent to which the Contractor is in the 
habit of e same to its customer. 
al, - TRE OF DELIY KI. 
ART, 10, The Contractor shall have completed and ready for ship- 
mmt from its factory all the equipment which is the subject matter of this 
Guairect as follows: 


Guides and all perts to be embedded, on or before 
January 31, 1945. 


Gates and flat wire ropes for the hoists, on or before 
June 15, 1945. 


Koists, on or before July 25, 19k5. 

ART, 11. If the Contractor refuses or fails to complete the 
@gizgment within the period of time specified in article 10, but in the 
@imeece of force majeure the Purchaser may, by written notice to the Con- 
wrar, terminate this contract pursuant to the provisions of Article 
Æ. Tue contract shall, subject to the provisions of Article 29 and 30 
We ertecded for causes of force majeure which are defined as any unfore- 
@mestie causes beyond the control and without the fault or negligence of 
ap Coetrector including, but not restricted to, Acts of God or of the 
gm&lie enexy, acts of the Government (including but not restricted to 
amg preference, priority or allocation order or the lack of such order), 
@ecs of another contractor in the performance of a contract with the 
@aited States Government, fires, floocs, epidemics, quarantine, restric- 
teme, strikes, freight embargoes, unusually severe weather, delays on 
che pert of the Purchaser or its representative ig carrying out inspec- 
«em anc tests or in approving the drawings, or because of changes 


Sewoested by the Purchaser, pursuant to Article 6, or delays of sub- 


@artractors due to such causes. 
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ART. 12, The Contractor shall prepare and supply to the Pur- 
six copies of a completion schedule showing a breakdown of the 
ezsipment into its various shipment units with the approximate 
and weights of = and the date on which it is estimated the 
me will be completed and ready for shipment from the factory. The 
szall give immediate advice to the RAEE Engineer, in 
in triplicate, of any delay which may be expected in connection 
the dates set forth in the said completion schedule, explaining the 
fer such delay, 

ART. 13. In order to facilitate the steps to be taken in con- 
murtien with the shipment by tha Furchaser, the Contractor shall deliver 
fm trisilicate to the Consulting Engineer, once every month, namely about 
Te first of each month, a report on the progress made, showing the fol- 
Reming s 
(a) The status of completion of the major items of the equip- 

ment and the completion schedule for such items. 
(b) Estimated dates, within the following 30 days, cn wiich 
any partial shipment will be ready for shipment, and 


information on approximate dimensions and weisht of 


BAES a 
OI. - EXTRAS 
ART. ll. J£ the Purchaser should order any extra or additional 
@grignent from the Contractor and should specify tris in a written order 
amregted by the Contractor, such extra or additional equipment shall be 
@mrplied by the Contractor in accordance with the terms and conditions 
emccatred ir this contract. The Purchaser shall take the necessary steps 


Sur the payment of sare under conditions similar to the conditions pro- 


used for in this contract. 
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= DRETECTIUON AND TESTS. 
ART. 15, Unless otherwise agreed all equipment and workmanship 
Ge sect to inspections and tests by such agency of the United 
Gewermeent as may be selected by mutual agreement between the United 


emi Sreguayan Governments, The representative of such agency of 


a States shall in making such inspection be deemed to be acting 
T et the Purchaser and the selection of the agency to conduct such 
sall be arranged ty the Purchaser or its Government with the 
stes Sovernment., Actually the azency in charge of inspection is 
E. 3. Arsy <ncineers. The Purchaser may reject equipment which con- 
@efective material or workmanship as advised by the inspectors of 


Ged States agency selected and in case of such rejection the Jon- 


acall correct the defect or replace the defective part at its om 


Bas expense of such inspector shall not be for the account of the 


3 but the Purchaser may charge to the Contractor the actual ed- 
cest, if any, of such inspector's time, living and traveling 
incurred in connection with such inspection should any equipment 
E m@mepect to which notification of readiness for inssection has been 


met be ready for inspection at the time specified by the Contractor, 


ART. 16, Inspections and tests shell be made in such manner as 


tw isterfere with or retard manufacture of the equipment, nor ship- 
ef saze irom the manufacturing plant. 


AT. 17. A representative designated by the Export-Import 


ef Sash incton shall be permitted to inspect the progress of the manu- 
ef the equinment included in this contract. 


ART, 18. The Contractor will permit the Purchaser's represent- 


(met more than two at any one time) to visit its factories from 
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©» tise to the end that they may become familiar with the equipment 
supplied hereunder for the purpose of enabling them to install, 
ami raintain the equipment at the site of its installation - all 
te permission for such visits being obtained by the Purchaser 


the necessary authorities in the United States, 


ART, 19, The inspection does not exclude the responsibility 
Gin Article 27 of the contract, 
W. - RSSPONSIBILITY FOR LOSSES, DAMAGES AND DETERIORATION. 
ART. 20. The Contractor is responsible for any losses, damages 
iam deteriorations wiich may occur in connection with the equipment up 
Ge teitvery f.,0.,b, manufacturing plant, irrespective of the cause thereof. 
Magi=aing with the moment of delivery f.0.b. manufacturing plant, the 
Purzzaser shall bear such responsibility, However, the responsibility 
s€ ide Contractor shall continue for any losses which ara the consequence 
€ errors or defects of material, workmanship, or packing in accordance 
wia whet is specified in Article 27, 

ART, 21, For the complete equipment f.o.b, manufacturing plant, 
Witt current export transportation charges allowed to New York harbor, New 
Zara, the Purchaser shall pay the price of Two Hundred Two Thousand Five 
Mestred Seventy Lollare ($202,570.00) Legal Tender of the United States 
aí America, In this price is included an amount of $1,250.00 for the use 
a warehouse steel for the suides and parts to be embedded to expedite the 
amiy delivery as provided in Art, 10, The cost of tests as specified in 


@mragraph ll (b) of the Specifications is also included, 







If the equioment 


29 @2pped to a pori or ports other than New York City, or other 


substi- 
imme celivery is made as specified in Article 38, or if there is any 
[Miezrease or decrease in transportation charges in effect at time of ship- 


the price shall be adjusted for any difference in expenses 


4 — 
iNVOive. 
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da. 22, The price shall be paid as follows: 


$19,000.90 within 20 days after signing the contract 
by both parties thereto. 


Upon delivery f.0.b. manufacturing plant, or substi- 


tute delivery as specified in Art. 3È, partial pay- 
nents will Le mace as follows: 


$ 7,330,00 with the first shipment including guides 
and all parts to be -embedded. 


£ 79,520.00 with the gecond shipment consisting of 
gates and cables for the hoists. 


$105,070.00 with the balance of the contract con- 
sisting of the shipment of hoists. for 
the payment of this shipment, a certi- 
ficate, signed by the inspector stating 
the approval of the tests specifisd 
under paragraph ll (b), of the Specifi- 
cations shall be included, 


&t the time the last payment is made, the Contractor shall 
@ send in the amount of 10% of the contract price valid for the 
af 1? sorths covering the warranties as specified in Art. 27, 
a£ We exiration cf such 18 months, the equipment does not comply 
She werresties specified in Art, 27, then said 18 months will be 


wat:l the Contractor completes such changes as may be necessary 


muse cencli:rce, 


ART. 23, The price to which reference is had in the foregoing 


Ts Zi saji be decreased, in case it should exceed sither in whole 


part zæ maxim price fixed by the Government of the United States, 


@ extent that such maximum price shall not be exceedad, 
AZ. 2h, The price to which reference is had in Article 21 


de adfesied as set forth below: 
În order to arrive at a fair adjustment of the purchase price 
emta-liched in the event that the costs of labor and material should 


> 
smeccase or decrezse on account of the abnormal conditions prevailing 

























- 9 - 
the present time, the parties agree that the purchase prica established 
Bl oe subject to an adjustment as follows: 
(a) Labor 
(1) For the purposes of this adjustment the proportion of 

perchase price representing labor is fixed at 34%, namely 368,373.80. 

(2) The above amount having been accepted as representing 
stall be adjusted, in case cf a change in the costs of laVor, such 
utent to ce made on basis of the index for averare wages ver hour 
tse Durable Goods Industries, as furnished monthly by the Department 
Sabor of the United States of America, Bureau of Labor Statistics. 
shall be computed an average of the figures of the said monthly 
of labor curing the period starting with and including the month 
Beverber, 191) up to and including the actual date of completion of 
ezzioment ai the plant and the increase or recuction of the cercentage 
a e obtained by a comparison with the labor index for the month of 
ber, 19Ll, The adjustment for modifications of the cost of labor 
Ga be made by applying such increase or reduction percentage to the 
af labor determined under (a)(1) and the result shall be accepted 
aserease or reduction respectively of the purchase price, to the extent, 
Seated in sub-paragraph (c)(5) of this article. 

(b) Material 
(1) For the purpose of this adjustment, the proportion of 

sarchase price representad by the materials is fixed at 35%, namely 
77 50. 

(2) The foregoing awcunt accepted as representing the mater- 
shall be adjusted, in case of a change cf the costs of material, 


Gee such adjusiment on the wholesale price index of the "Wetal and Metal 
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Grom" furnished monthly by the Department of Labor of the 


states of America. There shall be computed an average of the 


ef tne said monthly index for materials curing the period start- 


ae i-cluding the month of November, 194 until the actual date of 
= m of the equipment at the Contractor's plant, and the increase 


Secartion of percentage shall be obtained by comparison with the index 
@@erials for the month of November, 191. The adjustment for 


tne cost of material shall be obtained by applying such per- 


2 in 
De Imn 


crease or reduction to the amount of the cost of materials 
under (b) (1) and the result shall be accepted, as an increase 


maratona respectively, of the purchase price, to the extent indicated 
@um—maragrac: (c) (5) of this article. 


(c) General Remarks 


(1) The adjustment to which the contract price is subject 


Se determined in accordance with what has been established above 


== te event that there shall be any change in the equipment to be 


» resulting in a change of the purchase price, then the adjust- 


mai. be modified accordingly, taking into consideration the date 


the change was made. 


(2) When determining the adjustment in the purchase orice, 
pecceztace of increase or reduction in the cost of labor and materials 


p Se salevlated up to the nearest 10th of 14, 


(3) When computing the averages menticned in the foregoing 


(a) and (b), the month in which the equipment is conpleted 


te soesidered as a complete month. 


(4) If for any reason the indices compiled by the United 


Separtrent of Labor, and referred to above, are not available for 
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i= connection with adjustment in the purchase price, or if the base 
fim any of such indices is substantially changed during the period 
witch tne calculation hereunder apply, then the parties to this con- 


= will select substitute indices by mutual agreement, 


(5) The equipment to be purchased by virtue of the present 
$ shail be invoiced and paid for on basis of the purchase price. 
@ase it should be necessary to make an adjustment in the purchase 
wder this article, such adjustment shall be determined within a 
of 75 days after the completion of the equipment in the Contrac= 
plant and the party to this contract who shall benefit from this 
muestzent shall receive the payment from the other party, within the 
period of 75 days. The payment to be made by virtue of this para- 
(5), if any, shall be considered as rejected by the party entitled 
reesive it if, as a result of the combination of adjustments to be 

by virtue of the provisions of the foregoing sub-sections (a) and 
zbe resulting total aia be less than five (5) percent of the 
perchase price established in this contract, or as the case may 

as a result of the changes which may be made in the contract from 
time due to an increase or reduction or change in the equipment 
Qe supplied. If such total either upward or downward exceeds such 
iS) oercent, then payment to either party (as the case may be) for 
excess above such 5 percent shall be made as provided in this para- 


© 5. The final price resulting from this adjustment shall in no 
exceed the maximum price established by law at the time the equip- 
2s completed at the factory. 

Wii. - CERTIFICATES OF PAYMENT, 

ART, 25, Partial payments as described in Article 22 shall be 


against presentation of invoices and shipping lists accompanied by 


































& ipa 
è bill of lading or dock recelpt or negotiable warehouse receipt, 


eertificate of completion if equipment is to be stored in Contractor's 


s “23 m 


To the extent that any document to be issued by the Purchaser 
tis representative is required to be presented for any payment under 
eontract, there can be substituted for such document an arbitra- 
emard rendered by the Board of Arbitrators pursuant to Article 31 
ne that the Contractor is entitled to receive such document. 

WHET. - LETT2R OF CREDIT 


ART. 26, In order to provide for the payments to be made by 


Parchaser hereunder, the Furchaser shall cause to be confirmed in 
wr of the Contractor by The National City Bank of New York City 

a 20 days after signing of contract by both parties thereto, an 
ble letter of credit in United States Dollars to te availed of 
er before October 30, 1945, upon terms in conformity with the terms 


payment provided in Article 22 and also the letter of credit shall 


- 


terms in conformity with Articles 29 and 30, in the event of 
lation of this contract pursuant to the provisions of saic 


s 29 and 30, Such letter of credit shall cover the purchase 


rice of the equipment included in this agreement. In the event that 

E payments under the letter of credit have not been comoleted 19 days 
to the date of their expiration, then the periods of such letter 
exedit shall be extended for such further periods 18 may be mutually 
å upon. If such letter of credit has not been extended upon its 
tion date the issuing bank shall draw the unpaid balance of the 
ter of credit and shall place the amount of such balance in a special 


it account to be made available to the Contractor against presenta- 


of the same documents as provided in the letter of credit, (a) until 
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tise as the Contractor and the Purchaser shall jointly notify said 
tzat all payments under the contract have been effected, (t) or 

T Each time as the Board of Arbitration by an award rendered pur- 
to article 31 shall determine that cancellation pursuant to 

2& has become effective, or (e) until such time as the Board 
a@cscitration ty an award rendered pursuant to jreicia 31 shall de- 
that all payments to the Contractor pursuant to Article 30 

Seen completed in case cancellation takes place pursuant to such 
mele 39, on the occurrence of either of which events any balance 


rezraining in said svecial deposit account shall revert to the 


IX. - WARRANTIEG. 





+ 27. (a) The Contractor declares and warrants that: 


(1) The material, the workmanship, the manufac- 


construction anc asserbly of the equipment shall be first-class 


query detail. 


(2) The equipment, once constructed and assembled 
Swe plant of the Purchaser, shall operata satisfactorily if properly 


DI 


ed by others at the rate and capacity established in the Speci- 
ions. 
(3) The equipment to be supplied in accordance 

this contract including all extras by virtue of Article 1) will 
ày in every regard with the Specifications and with the specifications 
any of such extras and with the representations and warranties herein 
lished. 

(b) If within one year after operation is berun but 
te exceed 13 months after the comoletion of delivery, any parts of the 


teists and lifting media, or accessories therefor, are found defective 
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of design, workmanship or material, or fail to comply with said 
Stications, the Contractor shall repair the varte promptly or furnish 
mt parts of suitable design, workmanship and material, Such 

er replacement of parts, with delivery f.o.b. the Contractor's 


cr 


Island plant, freight allowed to New York, N.Y., shall be at the 
of the Contractor. If requested by the Sitracted, the Purchaser 
retum any defective parts to the Contractor's factory, freight 

m=, for inspection. 

E. - CANCELLATIONS. 

ART. 28. In case the Contractor has not completed ready for 
the equipment within the dates specified in Art, 10 and provi- 
fet such failure to complete is due to causes other than force 

es defined herein or acts of the Purchaser, its representatives 
ng éngineer, the Purchaser may at any time thereafter cancel 
G@eraract by written notice to the Contractor, except for failure 

3 gach parts of the equipment which can be completed at a 
mata without delaying the installation and operation of the equip- 
Ja case of such cancellation, the Contractor agrees to return to ` 
the amounts paid hereunder, except to the extent that the 
retains delivered equipment, As to equipment delivered to the 
= the Purchaser shall have the right (a) to retain the same, in 
æy unpaid amounts applying thereto shall become due and pay- 
©) to return such delivered equipment to the Contractor in the 
Sem in which it was delivered to the Purchaser, upon which 
“ie Percbaser shall be entitled to the return of any monies paid 
the Soctractor as to such returned equipment. The foregoing 
tae entire liabilities of the parties hereto in case of can- 


Wafer ttis article 28, 
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ART, 29, In case completion of the equipment does not occur 
tee dates specified in Art. 10 and providing such failure to 
te is due to force majeure as herein specified, then there shall 


@ additional extension for the period of the existence of such force 


= under the following conditions: 


» 


(a) If such completion date is extended for a period of six 
mme beyond said dates by reasons of acts of the public enemy of 
@xited States of America, or by acts of the Government of the United 
af America or any agency thereof, then the Purchaser reserves 
Wiget at any time thereafter to cancel this contract by written no- 
@ tie Contractor on the following basis: 

(1) The Purchaser shall pay to the Contractor the full 
price for such of the equipment as has been delivered in accor- 
mics the terms hereof and also for such of the equipment as has 
@mmpleted in accordance with the terms hereof but not yet delivered. 

(2) The Purchaser shall pay to the Contractor all ex- 
secured by the Contractor in the partial performance of the 
to which such cancellation applies (except expenses in connec- 
Wick completed equipment) including all labor and material costs, 

= of corzitments, and all other other items of expense with 
te such partially completed equipment in accordance with the 
me acccunting practice of the Contractor, 

(3) In cage of cancellation under this Article 29 and 
memez- of the anount specified in (1) and (2) of this Article, 
Mat; completed equipment shall become the property of the 
» Det at the option of the Purchaser expressed in its notice 


melletion the Contractor shall retain title to such partially 


equipgent and will determine in accordance with its standard 


= jay = 

@ccounting practice the salvage value of such partially completed equip- 
ment and will deduct such salvage value from the amounts payable by 
Parchaser pursuant to (1) and (2) of this Article 29, 

(b) If the equipment is not completed within the dates 
@pecified in Art, 10 for reasons of force majeure as herein defined other 
than by abts of the public enemy of the United States of America, or by 
@sts of the Government of the United States of America, or any agency 
thereof, then unless otherwise agreed the Contractor shall, to the extent 
That its om facilities for the manufacture of such partially completed 
equipment are or will not be available within a reasonable period of 
Size, and to the extent that adequate and competent manufacturing faci- 
ities of other manufacturers in the continental United States, Bast of 
Gee Mississippi River are available for such purpose, sub-contract with 
sach other manufacturers for the manufacture of all or a part of such 
mefinished equipment to the extent that arrangements can be made with 
@ech other manufacturers, and it is agreed that such sub-contracting 
sal not increase the price to the Purchaser of the equipment included 
Marein. 

ART, 30, The Purchaser reserves the right to cancel this con- 

Grect by written notice to the Contractor at any time in whole or in part 
Bp paying to the Contractor the following amounts: 

(a) The full purchase price of all such parts of the equipment 
@ are completely manufactured, either delivered or undelivered. 

(b) All expenses incurred by the Contractor in the partial 
merformance of this contract to which such cancellation applies (except 


@ests in connection with completed equipments) including all labor and 


material costa, liquidation of commitments, and all other such items of 
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expense es to such partially completed equipment as may be determined 


= accordance with the Contractor's standard accounting practices, and 
în the event that the nartiss bereto are unable to agree upon the amount 


ef such emenses, the sane shall be determined by arbitration pursuart 
se provisions of Article 31 herecf, 
(c) Ten percent (15%) of an amount arrived at by subtracting 


from the total contract price of the equipment included in this contract, 


he amount paid pureuant to paragraph (a) ef this Article 30, 





(4) In case of cancellation und Article 30 and upen 


saygrent of the amounts specified in (a), (b) and (c) the partially com 






sent as well as the fully completed equipment shall become 
she property of the Purchaser, but at the option of the Purchaser ex- 
grassed in ite notice of cancellation the Contractor shall retain title 
= such partially completed equipment and will determine the salvage 
value of such partially completed equipment in accordance with the 


Geniractor's standard accounting practice and shall deduct from the 


@cunts, payable by the Furcha 


a 
d 


r pursuant to (a), (bì) and (c), the 
selvace value of such partially completed equipment as so determined, 
XI. = ARBITRATION, 
ART. 31.a) Any controversy, clain, dispute or difference arising 
sat of or relating to this contract shall be settled by arbitration by 
zaree (3) arbitrators, one (1) appcinted by each party and a third by 


zaal agreement by the two thus appointed. If either part; shall fail 


4 


Sr neplect, within a period of fifteen (15) days after written notice by 


tae other, to appoint an arbitrator, then and in that event the arbitra- 


5 


sr for euch party shall te appointed by the Chief Justice of the Supreme 


a 


n 


pert of the United States, but if he fails to appoint an arbitrator 
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within ten (10) days then the arbitrator shall be appointed by such 
officer of the Government of the Tnited States as may be mutually agreed 
upon, within ten (10) days or if after being appointed he falls within 
ten (10) days to apuofni the arbitrator then the President of 43 


American Society cf Mechanicel Engineers or the resident of the American 


da 


titute of Electrical Engineering, provided the appointing officer is 
met connected with the interested companies, shall avpoint the arbitrator. 


re 


the two arbitrators appointed by the parties fail or neglect, within 
period of fifteen (15) days efter the arnointment of the last arbitrator 
Bo appointed, to agree upon the third arbitrator, then such third arbi- 
ator shall he appointed as above provided for the appointment of a 
Second arbitrator, where one of the parties fails to appoint its arbitre- 
tor, The Arbitration shall be hale in the City of Pittsburgh, Pennsylvania, 
(except ae provided in psracraph (b) of this Article). The decision of the 
Arbitrators shall be by majority and shall be binding upon both varties and 
the expense of the Aruitration shall ba divided as the Arbitrators may de- 
term mine 
($) In case any c mtroversy, claim, cispute or difference should 
@rise as the result of the operation of the equipment in Uruguay, the Arbi- 
“ration shall take place as specified in (a) except that in case the two 
&Sitrators fail or neglect to appoint the third Arbitrator within the time 
Specified in (a), such third Arbitrator shell be appointed by the Supreme 
Sst of Justice in Yruguay, 
MEI, - PATENTS. 
ART. 32, In case any law suit, claim, complaint, action or 


fazzizgation is instituted on the ground that the equipment or part of the 


@&ziprent supplied by tie Contractor constitutes an infringenent of a 
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U.S.A. patent, the Contractor shall defend for his own account all and 
my such demands, complaints, actions or litigations and shall pay all 
damazes and costs assessed by the Courts erainst the Purchaser. If the 

Purchaser should be prevented at any time from using any of the said 


squipment or parts thereof due to any infringement of any patent of the 


U.5.A., the Contractor shall promptly and for its own account, secure 
for the Purchaser the right to continue using such esuipment or parts 


shereof or replace sare with other equipment not infringing upon any 
patent, which shall apply as nearly as possible to the requirements of 
=Bis contrect realizing that a substitution has to be made, The Contractor 
say at any time for its om account replace the equipment or parts thereof 
eeacerning which any claim of infringement of any U.S.A. patent has been 


searittac, by ecuipment or parte not infrincine won patents and comply- 
9 £ à k t << SA 


az with the requirements of this contract, or assume and conduct the 
Serense of any law suit, action or litigation of this kind for its own 
@tcount, provided that curing the defense of such law suit, action or 


n 
q 


ftiestion the oneration of 


i e 


the plant of the Purchaser is not unduly in- 
serrepted by reason cf a permanent restricting order or injunction cr by 
@7 provisional orcer or injunction which is not set aside within a rea- 
"enable period of time, The Purchaser shall have the richt to retain for 
Zis omn account a lawyer selected by him in order to assist in the defense 
such claim, action, proceeding or litigation, 

The Purchaser siall promptly advise the Sentractor of such come 


we2int, action, lew suit or proceedinss, in writing, authorizing it and 


-i æi n 


urine it all available information and assistance (for the aceount of 


tee Contractor) for the proper defense thereof, 
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serecrment or settlenent entered into withou 


Peorchaser shall assume full respons!b 





muayan petent by the equioment or the use thereof in Uruguay, the 


bentractor being responsible only up to the limit herein indicated for 
> 


taa infringement of U.S.A, atents. 


XIII. » 





~ 


ART. 33, The Contractor may not transfer intract or 


Ake corresponding order, in whole or in cart without tha written con- 
sae of the Purchaser, This provision shall not prevent the Contractor 
gros subcontracting. . Even though this transfer is agreed to by the 


~ 


Farchaser, the Contractor shall continue to be resoonsible for the vare 


ART. 34. The Purchaser or its appointed representative shall 
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@ezaze shipping space on available vessels with destination to Uruguay 
Wich are to sail on the nearest cate after the resvective dates on which 
=e shipping units are ready for shipment. The Contractor shall fully 
&2goerate with the Maritime agent appointed by the Purchaser or its repre- 
stative, trying to facliitate and assure the shimnent in sufficient 

meme in accordance with the conditions which may prevail from time to 

mene 50 that the equipment may arrive at the sort of shipment ressonably 
Wead of the date of the schedule sailing indicated by the Naritine 

pet of tre Purchaser, 


The Contractor shall supply to the Maritime ecent of the Pure 


e 


Saser all the data necessary as to weight and dimensions of the ecuipment 


mecpered for shipment, and shall prepare and supply all the cormercial 
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other í 
agent of the Purchaser may effect the shipment. The markings and the 
shipment shall be made in accordance with the Inetrustions to be sup- 
plied by the Purchaser or its appointed representative, The equipment 
shall be packsd, boxed, or crated for underdeck ocean shipment in 
ccordanca with the Specifications where applicable and cthervise in 
accordance with ‘lie standard practice of the manufacturer, 


Tr Uor irises 
XV., - DAAIYDa 





ART. 35. Any new sales, excise or manufacture tax (other than 
taxes of income or profits) or any increase in any such tax imvosed by 
the Government of the United States or any other State, municipality or 
any subdivision thereof, subsequent to the siznature of this contract 
will be for the Purchaser's acconti, to the extent that tre law of the 
Sontractor'’s country permits, The Purchaser shall be liable for the 
payment of all taxes imposed in connection with this equipment by 
brazuay or any State, municipality or sub-division thereof, 


XVI, ~ SUBSTITUTION OF MATTIIAL 


eae eo 














ART, 36, Although it is the intention of the Jontracter to 

: ; Ai eh 3 3 i # 

Supply the aquivment in accordance with the Speceificatione referrei to ca 
si 

an Chapter ra the Contractor reserves the subject ba the soproval #7 
af the sonsultine “nzineer, to change the equipment cr the material in 2 
these cases in which, as a result of the War Production Program of the } 
mez .A.,, it is impossible to obtain the equipment or the snacified pateris 


5° is understood that such substitution shall not change the verforzance N 
: \ 
characteristics and the mechanical strength of the equipment or its overs 


all dimensions without consent of the Purchaser, Tre total ourchase price 
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shall be increased or decreased to the extent that such a substitution 
causes an increase or reduction in the costs of performance of this 
contract, This increase or decrease in the total purchase price shall 
be accomplished by nerotlation and arreement between the Furchaser and 


the Contractor. The Purchaser may order, in case the parties do not 


agree on the change in price, that the manvfacture of the equipment 


a 


should not be withheld or delayed and the question concerning the change 


DI 


in price shall be decided by the Board of Arbitration in accordance witn 
the provisions of Article 31 of this contract, 


XVII, - BXPORT LICENSE AND FR 





eye 

ART. 37. The Purchaser will make all necessary arrangeronts 
for the obtaining of export and other licensing permits for the export of 
the ecuivment embraced by this order and for securing satisfactory 
eriority and other certificates and parrdesionse, allocations anc authoris 
zations frer the United States Hovarnment co ag to onsbhle the Contractor 
to manufacture the equipment included in this contract and to obtain the 
Saterials for such manufacture, it being of course understood that the 
Contractor will cooscrate when recuested by the Purchaser in assisting 
the Purchaser to obtain the various licenses, permits, permissions, cer- 


tificates, allocations and authorizations, covered by this Article 37. 





APT, 3& Tre Contractor shall advise the Consulting Engineer 
of the dete when tha equinment will be raady for assembly and probable 
time of completion, 10 deve in advance of scheduled cormencement of 
assembly. The Consulting “neineer shall either arrange for shipment upon 


date of comcletion or designate a place of storage, 1f other than at the 


wentractor's factory. Otherwise the Contractor shall have the rigit, after 
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st, to place the equ 





in storage, at its fac- 
tory or elsawlere, for the Purchaser's account and risk, vrovided (a) 
such place of storage is located in Continental United States Fast of 
the Mississippi, and (b) that there are suitable railroad facilities to 
the place of storage, and in such case the Contractor will, if requested 
by the Purchaser, advise as to the suitability of such storage, Any 
charges for such storage, including in and out charges, and insurance, 


if placed, shall be for the Purchaser's account. Such delivery to 


storage shall complete the Contractor's delivery obligations hereunder, 








KIS. DAMRORS, 
ART. 39. Tn no event will the Contractor be liable for conse- 
quential damages as s result of warranties, patent infringement or other- 
wise. 





ANT. LO, Any communications, drawings or information which 
eit Iie 
must be gent to the Purchaser sr his nistive by virtue of these 





lì, telegraph or cable, addressed as follows: 


Seng Tecnica y Financiera de las 
Hidroelectricas del Rio Negro (RIONE) 

n Varza Engineering Company 

205 West Wacker Urive 

Chicaro, Illincis 


Any communications, drawings or information to be sent to the 
Consulting Engineer by virtue cf these presents shall be sent to him by 
mail, telegraph or cable addressed as follows; 

linrza Sngineering Company 


205 West Wacker Drive 
Chicaro, Illinois 





Any notifications, drawings or information to be sant io the 


Centractor by virtue of these presents shall be sent to it be «all 
è 
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telegraph or catle, addressed as follows: 


Dravo Corporation 
Neville Island Granch 
Pittsburgh, Penneylvania 


> 


Ik WITNESS W*FERSOF each of the parties has had this instrument 


signed by its duly authorizec representatives, 


Place and Date of Signature: CONISION TECNICA Y FINANCIERA DE LAS 
OBRAS BIDROELECTRICAS LEL Sic NEGRO 


Chicago, Ill. 
: L. A. Cagno 
Luis A. Cagno 
Rione Reprasentative 


December 19, 19h 


Place and Date of Signature: DRAVO CORPORATION 


Pittsburgh, Pa. 
January 11, 1945 By: V. B. Edwards 


V. B. Edwards, President 
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DESCRIPTION AND SPECIFICATIONS 
of 
SPILLWAY GATES, HOISTS, GUIDES AND SILLS 


for 


THE RIO NEGRO PROJECT 


URUGUAY 


Harza Engineering Company 
Chicago, Illinois 
November 27, 19L 





ENGINSERING SPECIFICATIONS 


l. #0RK INCLUDED: - The Contractor shall furnish all material, 

labor and tools necessary for the fabrication, shop assembly, shop paint- 
ing and delivery of the 12 crest gates, the crest gate guides and 12 gate 
hoists, and necessary rivets, pins, bolts, washers, RAI rod and 
Bles parts required for the field assembly and erection of parts not 
completely asseubled in the shop, ineluding 10% extra quantity of field 
rivets and bolts and 20% extra weld rod, | 

The crest gates, crest gate guides and hoists shall each be 
bolted together, at the field joints, in the shop before shipment, with 
all parts in their proper locations, and any fitting of parte or roaming 
of holes necessary for proper field assembly shall be perfomed in the 
shop by the Contractor, 

The Contractor shall furnish the lifting flat wire ropes for 
the gates, cut to proper length, He shall also furnish adjustable and 
readily removable oak sealing atrips for the sides and bottom of the gates, 
The timber seals shall be cut and attached to the gates in the shop, match 


marked, removed and shipped unattached, but suitably proteeted for shipment, 


2. SPECIFICATION DRAWINGS: - The following Harza Engineering Company 
drawings form a part of these specifications: 


612d15hM1 - Spillway Deck - showing gate lifting 
machinery layout 


6121d11LC1 - Spillway - Crest Gate Guides 
6121d11c2 - Spillway - Crest Gates 


In case of discrepancy between these drawings and the following 


specifications, the latter shall take precedence, 





3, DATA TO Ei FURNISHED BY CONTRACTOR: - In addition to the drawings 
specified in Articles 3 and 9 of the contract, the Contractor shall 
submit to the Consulting Engineer such technical data comprising weights, 
loads, friction coefficients, gear efficiencies as to enable the latter 
to cheek the drawings for compliance with these specifications, 
The drawings shall show the materials, dimensions, finish, 
fits, clearances, tolerances and such other information as necessary to 


demonstrate compliance with the requirenents of the specifications. 


Ha GATES: — The Engineer's drawing of spillway gate represents a 
riveted gate based upon a design made by others, and it is the intent of 
the present apecifications to furnish 4 walded gate (except such riveting 
as required for field erection) equal in principal dimensions and strength 
in all respects to the riveted design, and the lifting lugs and their 
attachment shall be adequate in strength for future attachment by the 
purchaser of a lower section of gate, 3 meters in height, The amount of 
field riveting or welding required for the completion of the gates in 
the field shall be a minimum consistent with the necessary division of 
the parts for shipping. 

Each gate will be made in two principal sections for convenient 
shipping. Miscellaneous sections such as seals, seal plates, bracing 
for the top half of the gate and timber decking will be shipped loose 
for field assembly. These sections will be built of U.S. standard rolled 
steel shapes and plates completely welded together to form substantial 
watertight units, all shop joints being sealed by welding, Faying 
surfaces of members at joints will be made watertight by seal welding. 


Assembly of the gates in the field will be by riveting, Caulking of the 


riveted joints is to be performed by the purchaser, Gate sections will 
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be preassembled in the builder's shop and at this time holes in tne joints 
will be reamed for drift pins to facilitate proper alignment when assembling 
the gates in the field and match marked, 

The sealing arrangement of the gate will be as illustrated on 
Harza Pngineering Company's drawing €121dl1)c2, 

Arrangement of rollers for supporting the gate will also be as 
illustrated on the above drawing» 

Oak seals at the sides and bottam of the gates shall be of 
waite oak of the grade known as "clear" under the rules of the Hardwood 
RT Manufacturer's Association, The roof planking of the gates, 
including timber joists for same, shall be preferably of California 
redwood of a grade at least equal to Grade B select, but if such is not 
obtainable creosoted timber of equal grade, consisting of Southern pine, 
Douglas fir or hemlock will be permitted if approved in writing, 
Sufficient timbers shall be furnished to complete the roofing shown on 
the plans, plus 15% extra for cutting and fitting, Sufficient bolts, 


screws and nails for attaching same shall be furnished, plus 10% extra, 


5, GATE GUIDES AND SILL: - Guides for the gate and the gate sill 
will be provided as illustrated on drawing No, 6121d11)\Cl, Clips to be 
welded to the members for securing them in the concrete may be shipped 
loose in order that the members can be nested for shipment, Welding of 
these clips to their associated members in the field is to be performed 


by purchaser. 


6, HOISTS: - The hoisting means is to be flat wire rope, although 


show otherwise in Harza Engineering Company's drawing No, £12415LM1, and 


the specifications regarding the strength of rope and all parts of the 


hoists apply to operation cf the initial 5 meter high gate, and not to 





4. 
the future extension mentioned in Paragraph È. 

The hoists shall be capable of lifting the gates with water 
level 1.0 meter above the crest of gates, at a speed of 3/l to 1 ft, 
(0.23 to 0,31 meters) per minute. The height of lift shall be 271-6-3/Ln 
(8.4 meters), 

Each gate hoist will be driven by a high torque Squirrel cage 
induction motor. The arrangement of the hoist will consist of a motor, 
equipped with en electric brake, driving a double worn gear reducer 
(located on the centerline of each spillway) and by means of cross shafte 
is connected to a spur gear reduction located on the spillway deck over 
each end of the gate. The gate will be hoisted by means of a flat wire 
rope and drum, the drum being keyed to the low speed shaft. 

All parts of the hoist and rope shall be designed with a 
factor of safety of 5 in normal operation, and the hoist shall also be 
- designed so that in starting conditions, or even if the gate should bind, 
the stresses will not exceed 90% of the elastic limit of the material, 
based on 3004 of normal motor torque exerted equally towards each spur 
gear reducer. 

The bearings in the worm gear units shall be bushed with bronze 
or equipped with approved anti-friction bearings, The worm gears shall 
be entirely housed and shall run in oil, All other bearings and bushings 
shall be Bronze and shall have pressure grease lubrication and shall be 
provided with suitable button-head fittings. One pressure grease gun 
shall be provided for each three hoists. 

The base for the spur gear reducer will be of welded con- 


struction throughout. All machining will be performed after the base 


has been completely welded. 








The hoist shall be designed to lift the gate with water level 
1 meter above the crest of gate with a 3 H.P, motor. The full speed running 
efficiency of the wore gear RE shall be between 60 and 65% es cm- 
puted by Foote Bros. formula, after breaking in. It is contemplated that 
the overload characteristics of the motor will be used to start the gate 
against this head. 

The hoist will be assembled in the shop and run under idling 
load only for checking alignment and clearances, 

l The rope drum will be of cast steel and keyed to the low speed 

shaft of the spur gear reduoer. 

Bach hoist will be equipped with a removable hand wheel for 
emergency operation in case of power failure, The electric brake will 
be equipped with a hand release of the dead man type to be used when 
manual operation with the hand wheel is required, 

7. INDICATO: =- An indicator shall be provided to show the position 

of the gate, indicating closed position, partial travel in meters lift 


and open position. 


8. FLAT WIRE ROPE: - The hoisting ropes shall consist of 5/8" x 5" 
plow steel flat wire rope accurately cut to length and securely socketed, 
and at least ons rope on each gate shall be provided with approved means 
of providing an adjustment in the working length of the rope without 
disturbing the relationship of the rope drums to each other. The total 


amount of adjustment to be provided for shall be not less than 1 inch. 


9, MATERIALS: Materials for the principal parts will be in accord- 


ance with the following specifications: 





Structural Steel A,S.T.M. = A-7-L2 

Rivets A.S.T.M, - A-11-39 

Steel Castings (Gears) A.S.T.M. = A-27-l2 Grade H-1 
ty n (Misc, & Drum) A.S.T.M. - A-27=-l2 Grade B-2 

Pinions A.S.T.M, = A=-235-l;2 Class G 


or S.A,E, 1045 
Shafts A.S.T.M. - A-108-36 Grade 7 
or S.A.E, 1030 or better 
(Turned and polished or 
hot rolled) 
Bearing Bronze Copper 82 - 85% 
Tin B = 9% 
Lead L- 6% 
Zinc», 3% maximum 
Nickel 0.75 maximum 
Phos, Trace 
Impurities .50 maximum 


Composition and physical properties of materials in purchased equipment to 
be manufacturer's standard, 

10. ELECTRICAL EQUIPMENT: - The electrical equipment for each hoist 
unit shall be as follows: 


(a) Motor - 3 H.P., 380 volt, 3 phase, 5O cycle, 0° C 


— 


rise (30 minute) squirrel cage high torque, high slip, 
weatherproof hoist motor, with starting torque approximately 
3 times normal torque. 

(bt) Brake - Floor mounted weatherproof continuous rated 
solenoid-opsrated brake on 380 volt, 3 phase, 50 cycle to be 
used with the above motor. Brakes to be furnished with hand 
release of the dead man type. 

(c) Control - The control shall be arranged for pushbutton 
control with under-voltage and overload protection, The con- 
tactor panel shall be in a weatherproof metal enclosure. Push- 
button shall be separately mounted and weatherproof with’ 
stations, "Raise", "Lower", "Stop", and "Seat", capable of 
being locked against tampering and provided with duplicate 
master keys. 

(d) Limit Switches - One waterproof hatchway type with 


roller type lever for hoist limit protection, One waterproof 


traveling nut type for lower limit protection. 





Te 

The traveling nut limit switch for protection of the gate 
in the lowering direction will provide a cut-off point several 
feet above the final position of the seated gate, To seat the 
gate the control pushbutton, marked "Seat", will be operated to 
by-pass this first lower limit switch contact and the drive will 
operate to allow the gate to be seated, A final contact in the 
traveling nut limit switch will provide a lower limit stop for the 


gate, An upper limit stop will be included in this traveling nut 
limit switch. 


11, HOUSINGS:- The motor and gearing shall be completely housed in 
substantial, weather-proof sheet metal housings provided with doors to give 


accessibility for inspection and lubrication, 


12. ELECTRIC WELDING: - Welding shall conform to American Welding 


Society "Specifications for Welded Highway and Railway Bridges, 3rd edition", 
19h11. 


13, PAINTING: - The surfaces of the gates, and the guides (except 
those surfaces to be embedded in or to be in contact with concrete), snall 
be cleaned thoroughly of dust, dirt, grease or any other foreign materials 
by wire brush, sand blast or other effective means, Immediately after 
thorough cleaning and while perfectly dry, all such surfaces shall be painted 
one shop coat of Reilly Tar and Chemical Corporation's No, CA-LO paint, or 
equal and approved, AL shop-painted surfaces which will be inaccessible after 
fabrication shall receive an additional coat of the same paint before assembling, 

All exposed unfinished surfaces of the hoists snall be cleaned 

thoroughly and given one shop coat of red-lead and linseed oil paint, or zine 


chromate paint, All finished surfaces shall be coated with a suitable rusi- 


preventive. compound, 





Uy. INSPECTION AND TESTS: - 

(a) In addition to the inspection provided in Article 15 of 
of the Contract, the inspector may, where a reasonable doubt exists ss to 
the quality of material used, take such sanples or order such tests as may 
be necessary to enable compliance with the specifications to be verified. 
Certified copies of mill test reports will be required for structural 
ateel and plate steel. ‘he gates and hoists shall also be inspected 
when assembled in the shop, 

(b) Each of the holsts when completely assembled in the 
Contractor's shop shall be given a no load running test for a period of 
ane hour to demonstrate the correct operation of all parts. 

The first two hoists shall also be given full load tests 
to 100,000 lb. load per hoist; the test conditions proposed shall be 
approved by the consulting engineer, and shall be such as to demonstrate 
the ability of the hoists to meet the specified design conditions. This 
test shall not be taken to waive the Contractor's responsibility under 
Article 27 of the Contract. 

15, TOOLS: - The Contractor shall furnish any special tool re- 
quired for adjustment of the tension in the hoisting cables and any 
other similar special adjusting tool required in connection with the 
hoists. 

16. ITEMS NOT INCLUDED: =- These specifications do not include the 
furnishing of field paint, foundation bolts, erection equipment, or the 
services of a representative of the builder at the site of installation. 

17. SHIPPING: - The shipping pieces will be processed end protected 


against damage in transit generally in accordance with good practice for 


overseas shipments of material. 








Guide, sill, and seal members will be nested snd secured in 


bundles by tack-welding bars across the pleces. Exposed edges of steel 
and timber seals will be lagged with wood held in place by bolts, clips, 
or nails. 

All exposed machined surfaces and wire rope will be coated with 
rust-preventive, Shafting will be lagged or boxed. Hoist units, motor- 
reducer units, and control cebinets will be shipped in waterproofed 
sheathed craves end electrical equipment will be further protected against 
moisture by dehydrants end vapor-procf envelopes. Vire ropes and gate 
wheels will be packed in strong boxes or crates. Rivets and weld wire 
will be boxed, 

The general dimensions of the Purchaser's railroad car for 
transportatioa of heavy equipment in Uruguay and the railroac clearances 
available there are shown on agcompanying Bridge Clearance Sketch No. 
SSOSKL70GRL, and the contractor shall limit the dimensions of all parta 


shipped so as to fall within the limitations shown by a reasonable margin. 
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AMENDNENT_ NO, 1 





CONTRACT PETYEUN THE CONISION TECNICA Y 
FINANCIERA DE LAS OPRAS FIDROSLECTRICAS 
DEL RIO NEGRO (RIONE), URUGUAY 
AND 


PAVO CORPORATION 
È USE, iui i Label 


The following Amendment to the Contract entered into on the 
19th day of December, 1944, by Comision Tecnica y Finsnciera de las Obras 
Hidroelectricas dal Rio Negro (Rione), Uruguay and the Pravo Corporation, 
has been agreed upon by both parties on this 16th day of March, 1°45: 


A. - Changes in the “Description ng Specifications" 
attached to the Contract. 


The following chonges are made on the Mascrintion 


cations of spillway gates, helsts, guides and sills for the R 
Project, Uruguay” attached to tie Contract: 


ne Soscifi. 
o 


io Negro 


(a) Par, 2, Line 6: The drawing number is charged Prom 
6121411402 to 61210411402 Ril. 


(b) Par. 4, Page 3, Line 51 The drawing number is chanved 
from 6121411402 to 612141140? Rl. 


(c) Par. 4, Page 3, Line 7: “except that the wheels at one 
end of each gate shal] not be flanged" is added at the 
end of the sentence. ` 


(4) Par. 10 (c), Line 5: The legends "Raise "Lower" "Stoo" 
| and "Seat" are changed to read SLovantar" "Bajar" "Parar" 
and "Cerrar". 
(e) Per, 13, Line 4: The words "Tire brush" and "Or other 
effective means" are deleted. 


B. - Changes in the Contract 


(a) Article 10: Article 10 shall te amended to resd ag follows: 


"Arb, 10 - The Contractor shall have completed and reed 
for shioment from its factory all the esvimeent which 
is the subiect matter of this Contract as follows: 


a) Guides and all varts to be embedded, on or before 
January 31, 1945. 


Gates and flat wire r 


I 


o 
before Septembar 15, 194 


uo 


pes 


wn A 


c) Hoists, on or before November 1, 154 


a 
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B. Changes in the Contract (Continued) 


Dates under b) and c) are predicated upon all 
material being made available for fabrication 
at the Neville Island Contractor's Plant by 
July ly 1945. 


(b) Article 21: Article 21 shall be amended by including at 
the end thereof the following sentences: 


tas the result of additions and reductions in 

price resulting from changes in the "Description 

and Specifications" as described in Amendmant No. l, 
the Purchaser shall pay to the Contractor the sum 

of U.S. $1,084,00 in addition to the purchase price 
of U.S, $202,570.00 as set forth herein. As the 
result of the procurement of shafting steel for the 
hoists from warehouse stock, the Purchaser shall also 
pay to the Contractor the sum of U.S. $115.00 in add- 
ition to the purchase price of T.5. $202,570.00 and 
the U.S. $1,084.00 above-mentioned." 


(e) Article 22: An additional paragraph shall be added to Article 
22, which shall read as follows: 


"As a result of the additions, reductions and changes 
made in the “Descrirtion and Specifications" as des- 
cribed in Amendment No. l, additional payments shall 
be made as follows: 


(1) B.S. $1,084.00 to be paid simultaneously 
with and in addition to the payment of 
$79,620.00 described herein. 


(2) U.S, #115,00 to be paid simultaneously 
l with and in addition to the payment of 
U.S. $105,070.90 described herein, 


(d) Article 26: An additional paragrach shall be added to Article 
26, which shall read as follows: 


"In order to provide for the additional payments to 

be made by the Purchaser in accordance with Amendment 

No. 1, the Purchaser shall cause to be confirmed in 

favor of the Contractor by the National City Bank of 

New York City and additional irrevocable Letter of Credit 
in the amount of U.S. $1,199.00 to be availed of upon 

the sama terms and conditions as the Letter of Credit 
covering the purchase orice of $202,570.90." 


C. -= All other terms of the Contract and the "Description and Specifi- 
cations" remain unchanged, 





IN *ITNESS SEEREOP each of the parties has had this Amendment 
Bigned by its duly authorized representatives. 


Place and Date of Sicnature COFISION TECNICA Y FINANCIERÀ DE LAS 
OBRAS HIDROELECTRICAS DEL RIO NEGRO 


Chicago, Illinois 
March 16, 1945 








Juan ©, Hezzano 
Rione Revresentstive 


Place and Date cf Signature DPAVO CORPOVATION 





JCRIfr 





